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SECTION 00100 


ADVERTISEMENT FOR BIDS 

BID INVITATION No. 20-32 PHASE #12 SANITARY SEWER REHABILITATIONS 


Sealed bids for construction of Phase #12 Sanitary Sewer Rehabilitations for the Town of 
Arlington, Massachusetts, will be received at the Purchasing Department, 730 Massachusetts 
Avenue, Arlington, MA 02476 until 10;00 AM prevailing time, on July 23, 2020 at which time 
and place said bids will be virtually opened and read aloud. The virtual bid opening can be viewed 
on the Town of Arlington, Purchasing Department website: 
https://www.arlingtonma.gov/departments/purchasing . 

All bids must be in a sealed envelope plainly marked: BID INVITATION No. 20-32 PHASE #12 
SANITARY SEWER REHABILITATIONS 


The scope of work of the Base Bid includes installation of approximately: 442 linear feet 
of sanitary sewers and storm drains at five (5) locations; abandonment of 347 linear feet of existing 
storm drain; replacement of two (2) sewer service wyes with 30 linear feet of building connections; 
installation of 17 precast concrete manholes; removal and disposal of 10 linear feet of asbestos 
cement pipe; and other related tasks in the Town of Arlington, Massachusetts. 

The scope of work for Alternate Bid No. 1 includes approximately: 531 linear feet of root 
treatment; 1,596 linear feet of cured-in-place pipe; grouting 36 service connections in cured-in- 
place pipe; 239 linear feet of structural cured-in-place pipe; grouting 8 service connections in 
structural cured-in-place pipe; cutting of two (2) protruding service connections; enclosing storm 
drain in four (4) shared manholes; 1,835 linear feet of post-construction flow isolation; and other 
related tasks in the Town of Arlington, Massachusetts. 

The scope of work for Alternate Bid No. 2 includes approximately: 285 linear feet of root 
treatment; 2,466 linear feet of cured-in-place pipe; grouting 67 service connections in cured-in- 
place pipe; 515 linear feet of structural cured-in-place pipe; grouting 10 service connections in 
structural cured-in-place pipe; cutting of four (4) protruding service connections; exterior grouting 
and interior sealing of 76 vertical feet of sewer manholes; grouting and patching seven (7) sewer 
manholes; 2,981 linear feet of post-construction flow isolation; and other related tasks in the Town 
of Arlington, Massachusetts. 

The scope of work for Alternate Bid No. 3 includes approximately: 1,259 linear feet of 
cured-in-place pipe; grouting 8 service connections in cured-in-place pipe; 244 linear feet of 
structural cured-in-place pipe; grouting 5 service connections in structural cured-in-place pipe; 
exterior grouting and interior sealing of 151 vertical feet of sewer manholes; 1,503 linear feet of 
post-construction flow isolation; and other related tasks in the Town of Arlington, Massachusetts. 
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The contract duration for the Base Bid is 65 consecutive days, or if selected, the contract duration 
for the Base Bid and Alternate No. 1 is 85 consecutive days, or if selected the contract duration for 
the Base Bid and Alternate No. 1 and No. 2 is 115 consecutive days, or if selected the contract 
duration for the Base Bid and Alternate No. 1 and No. 2 and Alternate No. 3 is 130 consecutive 
days. Warranty inspections for all bids shall be complete within 21 consecutive days from the start 
of warranty inspections. Final paving shall be completed prior to May 15, 2021 and as required 
by the ENGINEER. 

Bid Security in the form of a bid bond, cash, certified check, treasurer’s or cashier’s check 
payable to the Owner, is required in the amount of five percent of the bid, in accordance 
with Section 00200, INSTRUCTIONS TO BIDDERS. 

The Instructions to Bidders, Form of General Bid, Agreement, Plans, Specifications, Performance 
and Payment Bond, and other Contract Documents may be examined at the following: 

Weston & Sampson Engineers, Inc., Reading. Massachusetts _ 

Accent Printing, Inc.. 99 Chelmsford Road, North Billerica. Massachusetts _ 


Contract Documents may be viewed and downloaded as a Portable Document Format (PDF) file 
free of charge at www.accentblueprints.com . Copies may be obtained for a fee by completing an 
order online or by calling 978-362-8038 for each set. Completed orders may be picked up at the 
office of Accent Printing located at 99 Chelmsford Road, North Billerica, MA 01862 (978-362- 
8038), from 9 a.m. to 4 p.m. Copies may also be shipped to prospective bidders for an additional 
charge to cover handling and mailing fees. All payments for printing and shipping are 
nonrefundable. For addition to the project plan holder’s list to guarantee receipt of addenda, it is 
recommended interested bidders obtain the Contract Documents directly from Accent. Interested 
bidders will be prompted to register an email address with Accent to access the documents. 

The selected contractor shall furnish a performance bond and a payment bond in amount at least 
equal to one hundred percent (100%) of the contract price as stipulated in Section 00700 GENERAL 
CONDITIONS of these specifications. 

Minority-owned Business Enterprise (MBE), Women-owned Business Enterprise (WBE) and 
Equal Employment Opportunity polices of the Massachusetts Water Resources Authority (MWRA) 
are applicable to this Contract. The Contractor shall comply with all applicable laws and 
regulations pertaining to nondiscrimination, equal opportunity and affirmative action, including 
without limitation executive orders and rules and regulations of federal and state agencies of 
competent jurisdiction. The Contractor shall make positive efforts to achieve: (1) a minority 
employee work force goal of 15.3 percent, (2) a woman employee work force goal of 6.90 percent, 
(3) a goal of 7.24 percent participation of Minority-owned Business Enterprise(s), and (4) a goal of 
3.60 percent participation of Woman-owned Business Enterprise(s) within project contracts. At a 
minimum, the Contractor should allow MBEs and WBEs the maximum feasible opportunity to 
compete for subagreements to be performed under the project. 

All bids for this project are subject to applicable bidding laws of Massachusetts, including General 

Laws Chapter 30, Section 39M as amended. 
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Prevailing Wage Rates as determined by the Director of the Executive Office of Labor and 
Workforce Development under the provisions of the Massachusetts General Laws Chapter 149, 
Section 26 to 27H, as amended, apply to this project. It is the responsibility of the Bidder, before 
bid opening, to request if necessary, any additional information on Prevailing Wage Rates for those 
trades people who may be employed for the proposed work under this contract. 

By submission of a bid, the Bidder agrees that this bid shall be good and may not be withdrawn 
for a period of 30 days, Saturdays, Sundays and legal holidays excluded after the opening of bids. 

The Owner reserves the right to waive any informalities in bids and to reject any or all bids. 

The Contractor shall monitor the developing COVID-19 pandemic and follow guidelines 
recommended by the State of Massachusetts and Centers for Disease Control (CDC). The 
Contractor shall operate safely by implementing health precautions and comply with any 
local/state/federal mandates that arise. 

The Contractor shall have a TV mounted to the back of the CCTV truck(s) so the Engineer can 
view pipeline inspections without entering the truck due to social distancing requirements. 


TOWN OF ARLINGTON, MASSACHUSETTS 
BY ITS 


Adam W. Chapdelaine 
Town Manager 


Weston & Sampson Engineers, Inc. 

Reading, Massachusetts 
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SECTION 00200 


INSTRUCTIONS TO BIDDERS 

1. Receipt and Opening of Bids 

2. Location and Work to be Done 

3. Preparation of B id 

4. Modification of Bids 

5. Obligation of B idder 

6. Information not Guaranteed 

7. Bid Security 

8. Time for Completion 

9. Addenda and Interpretations 

10. Bid Opening Procedure 

11. Comparison of B ids 

12. Statutes Regulating Competitive Bidding 

13. Right to Reject Bid 

14. Ability and Experience of Bidder 

15. Conditions of Work 

16. Security for Faithful Performance 

17. Power of Attorney 

18. Laws and Regulations 

19. Liquidated Damages for Failure to Enter into Contract 

20. Indeterminate Items and Estimated Quantities 

21. CONTRACTOR Records 

22. Bidder Certification - OSHA Training 

23. Prevailing Wage Rates 

24. Price Adjustments 

25. Minority and Women Business Enterprise Requirements 

26. Additional Site Safety Conditions 


1. Receipt and Opening of Bids 

The Town of Arlington, Massachusetts, herein called the OWNER, acting by and through 
its Purchasing Department, will receive sealed Bids for the construction of 
Phase #12 Sanitary Sewer Rehabilitations. 

Such bids addressed to the Purchasing Department and endorsed Phase #12 Sanitary Sewer 
Rehabilitations Bid wilt be received at the Purchasing Department, 730 Massachusetts 
Avenue, Arlington, MA 02476 until 10:00 AM prevailing time, on July 23,2020 at which 
time and place said bids will be virtually opened and read aloud. The virtual bid opening 
can be viewed on the Town of Arlington, Purchasing Department website: 
https://www.arlingtonma.gov/departments/purchasing . 
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If the building at which bids are to be received is closed for any reason on the date and time 
that bids are due, receipt of bids by the Owner will be postponed until the next business 
day at the time originally stated for receipt of bids. 

Any bid may be withdrawn prior to the above scheduled time for the opening of bids or 
authorized postponement thereof. Any bid received after the time and date specified will 
not be considered. By submission of a bid, the bidder agrees that this bid shall be good and 
may not be withdrawn for the number of days, after the opening of bids, as stipulated in 
the FORM OF GENERAL BID. 

2. Location and Work to be Done 


The location, general characteristics, and principal details of the Work are indicated on a 
set of drawings titled "Phase #12 Sanitary Sewer Rehabilitations," and numbered G-l, C- 
1 to C-8, and D-l to D-3, inclusive. 

Additional drawings showing details in accordance with which the Work is to be done may 
be furnished by addendum from time to time during the bidding period by the ENGINEER, 
and shall then become a part of the Contract Documents. 

The CONTRACTOR shall furnish all superintendence, labor, services, materials, 
equipment, plant, machinery, apparatus, appliances, tools, supplies, bailing, shoring, 
removal, and all other things necessary to do all work required for the completion of each 
item of the Work and as herein specified. 

The Work to be done and paid for under any item shall not be limited to the exact extent 
mentioned or described but shall include all incidental work necessary or customarily done 
for the completion of that item. 

3. Preparation of Bid 

Each bid must be submitted on the prescribed form in Section 00410, FORM OF 
GENERAL BID. All blank spaces for bid prices must be filled in, in ink or typewritten, in 
both words and figures. 

Each bid must be submitted in a sealed envelope bearing on the outside the name of the 
bidder, its address, and endorsed with the name of the project as specified in Receipt and 
Opening of Bids , above. 

If forwarded by mail, the sealed envelope containing the bid must be enclosed in another 
envelope addressed as specified in Receipt and Opening of Bids , above. 

4. Modification of Bids 


Any bidder may modify its bid by written communication at any time prior to the scheduled 
closing time for receipt of bids. Any telegraphic communication must be received by the 
OWNER prior to the closing time, and, provided further, for any telegraphic 
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communication that modifies a bid the OWNER is satisfied that a written confirmation of 
the modification over the signature of the bidder was mailed prior to the closing time. 

The modification communication shall not reveal the bid price but shall provide the 
addition or subtraction or other modification so that the final prices or terms will not be 
known by the OWNER until the sealed bid is opened. If written confirmation is not 
received within two days from the closing time, no consideration will be given to the 
facsimile transmission. 

5. Obligation of Bidder 

At the time of the opening of bids each bidder will be presumed to have inspected the site 
and to have read and to be thoroughly familiar with the Contract Documents (including all 
addenda). The failure or omission of any bidder to examine any form, instrument, or 
document shall in no way relieve any bidder from any obligation in respect of its bid. 

6. Information not Guaranteed 


All information given in the Contract Documents relating to subsurface and other 
conditions, natural phenomena, existing pipes, and other structures is from the best sources 
at present available to the OWNER. All such information is furnished only for the 
information and convenience of bidders and is not guaranteed. 

It is agreed and understood that the OWNER does not warrant or guarantee that the 
subsurface or other conditions, natural phenomena, existing pipes, or other structures 
encountered during construction will be the same as those indicated in the Contract 
Documents. 

It is further agreed and understood that no bidder or CONTRACTOR shall use or be 
entitled to use any of the information made available to it or obtained in any examination 
made by it in any manner as a basis of or grounds for any claim or demand against the 
OWNER or the ENGINEER, arising from or by reason of any variance which may exist 
between the information made available and the actual subsurface or other conditions, 
natural phenomena, existing pipes or other structures actually encountered during the 
construction work, except as may otherwise be expressly provided for in the Contract 
Documents. 

7. Bid Security 


Each bid must be accompanied by a certified check, a bid bond, cash, a treasurer's or 
cashier's check, payable to the OWNER, in the amount stated in Section 00100, 
ADVERTISEMENT FOR BIDS. Such deposits will be returned to all except the three 
lowest responsible and eligible bidders within five days, Saturdays, Sundays, and legal 
holidays excluded, after the opening of bids, and the remaining deposits will be returned 
promptly after the OWNER and the accepted bidder have executed the Contract, or if no 
notice of intent to award has been presented to any bidder within 30 days, Saturdays, 
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Sundays and legal holidays excluded, after the date of the opening of bids, upon demand 
of the bidder at any time thereafter. 

8. Time for Completion 

The successful general bidder must agree to commence work on or before a date to be 
specified in the written "Notice to Proceed" from the OWNER and to fully complete the 
project within the time limit stated in Section 00410, FORM OF GENERAL BID. 

9. Addenda and Interpretations 

No interpretation of the meaning of the plans, specifications or other prebid documents will 
be made to any bidder orally, and if provided orally, shall not be relied upon by bidders 
unless confirmed in a written addendum. All information given to bidders other than by 
means of the plans, specifications, or by addenda, as described below, is given informally 
and shall not be used as the basis of a claim against the OWNER or the ENGINEER. 

Every request for such interpretation should be in writing (typed, not handwritten) 
addressed to Weston & Sampson Engineers, Inc., 55 Walkers Brook Drive, Reading, 
Massachusetts 01867 Attention: CSD, or sent via email to davida@wseinc.com and to be 
given consideration must be received at least ten working days prior to the date fixed for 
the opening of bids. 

Any and ail such interpretations and any supplemental instructions will be in the form of 
written addenda to the specifications which, when issued, may be viewed and downloaded 
as a Portable Document File (PDF) at mvw.accentblueprints.com . A notification of 
addenda will be emailed to all prospective bidders to email addresses furnished by them 
for such purposes. Bidders picking up sets of bid documents will be given all addenda 
issued to date and will be required to sign for all documents, acknowledging 
receipt. Failure of any bidder to receive any such addendum or interpretation shall not 
relieve such bidder from any obligation under its bid as submitted, and each bidder must 
confirm for itself that it has received ail addenda. All addenda so issued shall become part 
of the Contract Documents. 

10. Bid Opening Procedure 

The following list of requirements shall be met by each filed bid. 

Bids shall be filed at the place and before the time specified in Receipt and Opening of 
Bids , above. 

The bid and all accompanying documents so required shall be signed by the Bidder or its 
authorized representative before submission. 

All bidders shall include with their bids written acknowledgment of receipt of ail addenda. 
Refer to acknowledgment form provided in Section 00410, FORM OF GENERAL BID. 
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The total dollar amount of each bid will be read virtually, and the three apparent lowest 
bids will be selected for further consideration. These three apparent low bids will be read 
aloud for the benefit of the other bidders and the bid opening procedure will be closed. 
Bids may be examined after the virtual bid opening and after the reading of the three 
apparent low bids except for the DCAMM Update Statements if contained therein, which 
are not public records. 

11. Comparison of Bids 

Bids will be compared on the basis of the quantities and unit and lump sum prices stated in 
the bid forms. 

In the event that there is a discrepancy in Section 00410, FORM OF GENERAL BID 
between the lump sum or unit prices written in words and figures, the prices written in 
words will govern. 

The OWNER agrees to examine and consider each FORM OF GENERAL BID submitted 
in accordance with the terms and conditions set forth herein and as set forth in Section 
00410, FORM OF GENERAL BID. 

12. Statutes Regulating Competitive Bidding 

Any bid, which does not comply with the provisions of Massachusetts General Laws 
Chapter 30, Section 39M as amended, need not be accepted and the OWNER may reject 
every such bid. 

13. Right to Reject Bid 

The OWNER may consider informal any bid not prepared and submitted in accordance 
with the provisions hereof and may waive any informalities or reject any and all bids, 
should the OWNER deem it to be in the public interest to do so. 

The OWNER may also reject bids which in its sole judgment are either incomplete, 
conditional, obscure or not responsive or which contain additions not called for, erasures 
not properly initialed, alterations, or similar irregularities, and may reject bids for any other 
reason permitted by law, or the OWNER may waive such omissions, conditions or 
irregularities. 

14. Ability and Experience of Bidder 

No award will be made to any bidder who cannot satisfy the OWNER that it has sufficient 
ability and experience in this class of work and sufficient capital and plant to enable it to 
prosecute and complete the work successfully within the time named. The OWNER'S 
decision or judgment on these matters will be final, conclusive, and binding to the fullest 
extent permitted by law. 
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The OWNER may make such investigations as it deems necessary, and the bidder shall 
furnish to the OWNER, under oath if so required, all such information and data for this 
purpose as the OWNER may request. 

15. Conditions of Work 

Each bidder must inform itself fully of the conditions relating to the construction of the 
project and the employment of labor thereon. Failure to do so will not relieve a successful 
bidder of its obligation to furnish all material and labor necessary to carry out the provisions 
of its contract. Insofar as possible the CONTRACTOR, in carrying out its work, must 
employ such methods or means as will not cause any interruption of or interference with 
the work of any other contractor. 

16. Security for Faithful Performance 

Simultaneously with its delivery of the executed Contract, the CONTRACTOR shall 
furnish a surety bond or bonds as security for faithful performance of this Contract and for 
the payment of all persons performing labor and materials under this Contract as specified 
in Section 00700, GENERAL CONDITIONS included herein, each in the amount of 100 
percent of its bid. The surety on such bond or bonds shall be a surety company qualified 
to do business under the laws of the Commonwealth and satisfactory to the OWNER. The 
bonds shall remain in force for one year after final acceptance of the work by the OWNER, 
unless the OWNER, in writing, releases the CONTRACTOR from the obligation sooner. 

17. Power of Attorney 

Attorneys-in-fact who sign Contract bonds must file with each bond a certified and 
effectively dated copy of their power of attorney. 

18. Laws and Regulations 

Applicable provisions of Massachusetts General Laws and Regulations and/or the United 
States Code and Code of Federal Regulations govern this Contract and any provision in 
violation of the foregoing shall be deemed null, void and of no effect. Where a conflict 
between Federal and State Laws and Regulations exists, the more stringent requirement 
shall apply. 

The bidder's attention is directed to the fact that all applicable State laws, municipal 
ordinances or bylaws, and the rules and regulations of all authorities having jurisdiction 
over construction of the project shall apply to the Contract throughout, and they will be 
deemed to be included in the Contract the same as though herein written out in full. 

Attention is directed to Section 00830, STATE STATUTES AND REGULATIONS and 
to other applicable sections of this specification. In the event of any conflict between 
provisions of law or regulation quoted or paraphrased in the Contract Documents, the 
actual provisions of law or regulation shall control. 
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19. Liquidated Damages for Failure to Enter into Contract 

The successful bidder, upon its failure or refusal to execute and deliver the Contract, Bonds 
and Certificates of Insurance required within 10 days after receipt of notice of the 
acceptance of the bid, shall, except as otherwise provided by applicable law, forfeit to the 
OWNER, as liquidated damages for such failure or refusal, the security deposited with its 
bid, provided that the amount forfeited shall not exceed the difference between its bid price 
and the bid price of the next lowest responsible and eligible bidder. In case of death, 
disability, bonafide clerical or mechanical error of a substantial nature, or other similar 
unforeseen circumstances affecting the bidder, its bid deposit will be returned. 

20. Indeterminate Items and Estimated Quantities 

The work to be done under this Contract has been divided into parts or items, if applicable, 
to enable each bidder to bid on different portions of the work in accordance with its estimate 
of their cost and so that the actual quantity of work executed under each item may be paid 
for at the price bid for that particular item, even though each bidder may have judged that 
such quantity may be greater or less than the estimated quantity stated in Section 00410, 
FORM OF GENERAL BID. 

21. CONTRACTOR Records 

The CONTRACTOR shall comply with the provisions of Massachusetts General Laws, 
Chapter 30, Section 39R, concerning CONTRACTOR records. This section has been 
reprinted in Section 00830, STATE STATUTES AND REGULATIONS. 

22. Bidder Certification - OSHA Training 

All employees who work on Massachusetts public works construction sites, on projects 
estimated to cost more than $10,000, must have no less than ten (10) hours of OSHA- 
approved safety and health training. 

The Massachusetts Attorney General is authorized to restrain award of construction 
contracts to any contractor who is in violation of this requirement and to restrain the 
performance of these contracts by non-complying contractors. 

Noncompliance with this law will disqualify contractors from bidding on public contracts. 

23. Prevailing Wage Rates 

Prevailing Wage Rates as determined by the Director of the Executive Office of Labor and 
Workforce Development under the provision of the Massachusetts General Laws, Chapter 
149, Sections 26 to 27H, as amended, apply to this project. It is the responsibility of the 
bidder, before bid opening, to request if necessary, any additional information on 
Prevailing Wage Rates for those trades people who may be employed for the proposed 
work under this contract. 
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The Contractor is responsible for requesting up to date wage rates from the Owner prior to 
the one-year anniversary of the notice to proceed of this contract. The Owner shall obtain 
updated wage rates from the Director and provide them to the Contractor upon said request. 

24. Price Adjustments 

This Contract is subject to the provisions for material price adjustments in accordance with 
Chapter 30, Section 38A of the Massachusetts General Laws. 

25. Minority and Women Business Enterprise Requirements 

Minority-owned Business Enterprise (MBE), Women-owned Business Enterprise (WBE) and 
Equal Employment Opportunity polices of the Massachusetts Water Resources Authority 
(MWRA) are applicable to this Contract. The Contractor shall comply with all applicable 
laws and regulations pertaining to nondiscrimination, equal opportunity and affirmative 
action, including without limitation executive orders and rules and regulations of federal and 
state agencies of competent jurisdiction. The Contractor shall make positive efforts to 
achieve: (1) a minority employee work force goal of 15.3 percent, (2) a woman employee 
work force goal of 6.90 percent, (3) a goal of 7.24 percent participation of Minority-owned 
Business Enterprise(s), and (4) a goal of 3.60 percent participation of Woman-owned 
Business Enterprise(s) within project contracts. At a minimum, the Contractor should allow 
MBEs and WBEs the maximum feasible opportunity to compete for subagreements to be 
performed under the project. 

27. Additional Site Safety Conditions 

The CONTRACTOR shall monitor the developing COVID-19 pandemic and follow 
guidelines recommended by the State of Massachusetts and Centers for Disease Control 
(CDC). The CONTRACTOR shall operate safely by implementing health precautions and 
comply with any local/state/federal mandates that arise. 

The Contractor shall have a TV mounted to the back of the CCTV truck(s) so the Engineer 
can view pipeline inspections without entering the truck due to social distancing 
requirements. 


END OF SECTION 
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SECTION 00331 


TELEVISION INSPECTION AND MANHOLE INSPECTION REPORTS 
PROVIDED BY THE OWNER 


PART 1 - GENERAL 
1.01 PURPOSE: 

A. PURPOSE OF REPORTS: 

1. The purpose of the television (TV) Inspection and Manhole Inspection Reports was 
to determine the condition of the existing sewer system and assess the extent of 
cleaning, repairs and/or replacement required for the system. 

2. The inspections and observations provided information to prepare the design 
specifications included in these contract documents and to meet the requirements of 
the Owner. 

3. Information reported from the TV Inspection and Manhole Inspection Reports are 
those observed in the field at the particular location and time the observations were 
made, and do not necessarily represent the present conditions. 

1.02 SCOPE: 

A. TV INSPECTION REPORTS: 

1. TV Inspection of existing pipelines has been performed, with reasonable care. The 
results of the inspection program are appended hereto and are a part of the Contract 
Documents. Contractors may, after obtaining Owner’s permission, carry out 
additional pipeline inspection, at no expense to the Owner. 

2. TV Inspection Reports provided in the Contract Documents are limited by the 
methods used for obtaining and expressing such data and is subject to various 
interpretations. The terms used to describe conditions encountered are subject to local 
usage and individual interpretation. 

3. TV Inspections have been taken substantially at the locations indicated on the 
drawings and shown on the logs. Information presented in the inspection logs, as to 
the pipe condition, material build up in the pipe; etc. is based on visual observation 
from the videos. Information reported on the TV Inspection Reports are those 
observed in the field at the particular location and at the time the videos were taken, 
and do not necessarily represent the present conditions. Condition of the pipeline, 
material build up in the pipe, and other factors may differ now from those originally 
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observed. Contractors should be aware that present conditions might affect methods 
of construction. 

B. MANHOLE INSPECTION REPORTS: 

1. Manhole Inspections of existing manhole structures have been performed, with 
reasonable care. The results of the inspection programs are appended hereto and are 
a part of the Contract Documents. Contractors may, after obtaining Owner’s 
permission, carry out additional manhole inspections at no expense to the Owner. 

2. Manhole Inspection Reports provided in the Contract Documents are limited by the 
methods used for obtaining and expressing such data and is subject to various 
interpretations. The terms used to describe conditions encountered are subject to local 
usage and individual interpretation. 

3. Manhole Inspection Reports have been taken substantially at the locations indicated 
on the drawings and shown on the logs. Information presented in the inspection logs, 
as to extent of manhole failure, infiltration rates; material build up in the manholes; 
etc. is based on visual observation. Information reported on the Manhole Inspection 
Reports is those observed in the field at the particular location and at the time 
observations were made, and do not necessarily represent the present conditions. 
Condition of the manholes, infiltration rates, and material build up in the manholes, 
and other factors may differ now from those originally observed. The Contractors 
should be aware that present conditions might affect methods of construction. 

PART 2-PRODUCTS - NOT APPLICABLE 

PART 3 - EXECUTION 

3.01 EXECUTION: 

A. TV Inspection and Manhole Inspection Reports are for the general information of the 
Contractors. The Contractors are obligated, to examine the site, records of investigations 
and other data pertinent to the site, and then, based upon their own interpretations and 
investigations, decide the character and quantity of material to be encountered, the 
difficulties or obstacles likely to be encountered, and other conditions affecting the work. 
The TV Inspection and Manhole Inspection Reports are accurate only at the particular 
locations and times the original inspections were made. No other warranty, either 
expressed or implied, by the Owner, Engineer or their agents is made to the accuracy of 
the information contained on TV Inspection and Manhole Inspection Reports, or other 
data shown on the drawings or presented in the Contract Documents. 

END OF SECTION 


\\Wse03.1ocaI\WSEVProjects\MA\Arlington, MAUENG20-0008 - Phase # 12 Design\Speciflcations\DIVISION 0 - BIDDING AND CONTRACT 
REQUIREMENTS\SECTION 00331 - TV INSPECTION AND MH INSPECTION REPORTS PROVIDED BY THE OWNER.docx 


08 / 11/2019 


00331-2 



SECTION 00410 
FORM OF GENERAL BID 


Proposal of D/\u £ (LQy&P _(hereinafter called "Bidder")* 

a corporation, organized and existing under the laws of the State of _ 

(__) a joint venture 
( .) a limited liability company 
(__) a partnership 

(_) an individual doing business as_ 

*Insert corporation, partnership, joint venture, limited liability company, or individual as 
applicable. 


To of (hereinafter called the Owner). 

Gentlemen: 

The undersigned Bidder, in compliance with your invitation for bids for the construction 
of Phase # 12 Sanitary Sewer Rehabilitations, having examined the plans and specifications 
with related documents and the site of the proposed work and being familiar with all of the 
conditions surrounding the construction of the proposed project including the availability of 
materials and labor, hereby proposes to furnish all superintendence, labor, services, materials, 
equipment, plant, machinery, apparatus, appliances, tools, supplies, bailing, shoring, removal, and 
all other things necessary to construct the project in accordance with the contract documents, as 
prepared by Weston & Sampson Engineers, Inc., within the time set forth therein and at the prices 
stated below. These prices are to cover all expenses incurred in performing the work required 
under the contract documents, of which this bid is a part. 

The Bidder hereby agrees that if selected as the Contractor it will commence work under 
this contract on or before a date to be fixed in the written "Notice to Proceed" given by the Owner 
to the Contractor and to fully complete the Base Bid within 65 consecutive days, or if selected, the 
contract duration for the Base Bid and Alternate No. 1 within 85 consecutive days, or if selected 
the contract duration for the Base Bid and Alternate No. 1 and No. 2 within 115 consecutive days, 
or if selected the contract duration for the Base Bid and Alternate No. 1 and No. 2 and Alternate 
No. 3 within 130 consecutive days. Warranty inspections for all bids shall be complete within 21 
consecutive days from the start of warranty inspections. Final paving shall be completed prior to 
May 15, 2021 and as required by the ENGINEER. The Bidder further agrees to pay as liquidated 
damages the sum of $1,450.00 for each consecutive calendar day thereafter during which the work 
has not been fully completed, as provided in the "Liquidated Damages" provisions of Section 
00800, SUPPLEMENTARY CONDITIONS. Liquidated damages shall apply to both the contract 
duration and warranty inspection duration. 
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Bidder acknowledges receipt of the following addenda: 



The Bidder agrees to perform the work described in the specifications and shown on the 
plans for the following lump sum or unit prices: 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* ** _ Bid in Both Words and Figures _ Total in Figure 

BASE BID (Items 1 to 8) 

1 Sewers and Drains Complete in Place 


la 


58 l.f. 


8-inch PVC gravity sewer, per linear foot 


$ 



lofc> 


and 

(dollars) 





($ 

(cents) 

■ o 1 

_) 


lb 


55 l.f. 


12-inch PVC gravity drain, per linear foot 


c>o. 

$_I.L.P0P_ 




and 

(dollars) 



Kit? 


($ 

(cents) 

1,00 . 

_)_ 


lc 250 l.f. 15-inch PVC gravity drain, per linear foot 6 £ 

$ 2 - 7 . Sod 


Q MS- TU N 


and 

(dollars) 





($ 

(cents) 

_Ho. oo_ 

_)_ 


*Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* ** _ Bid in Both Words and Figures _ Total in Figure 

Id 41 I.f. 18-inch PVC gravity drain, per linear foot o£> 

$ It^OO 


le 


If 


IG<=: 



and 

(dollars) 



AJG 


($ 

(cents) 

_ 3QO. 00 _ 

) 


18 l.f. 12-inch DI gravity drain, per linear foot ow 

$ Hoiro 


TUJO Huuolfro Ft</*L _ 

and (dollars) 

_ hL^. _ 

(cents) 

($ _ _ ) _ 

20 l.f. 20-inch DI gravity drain, per linear foot 

$ / IT QCb 




and 

(dollars) 



W 0 


($ 

(cents) 

to 

_3_ 


*Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

lg 347 l.f. Abandon existing drains, per linear foot 

$ z o , y ?o 


sxxry 


and 

(dollars) 



M O 



(cents) 


($_ 

_ LO - 

_) 


ih 


10 l.f. 


Removal and disposal of asbestos cement pipe, 

per linear foot $ £~. ° P 


aITi/E 


and 

(dollars) 



Mb 


($ 

(cents) 

SDO. 

) 


2 


Building Connection Systems 


2a 


2 wye 


8x6 inch wye branches for PVC pipe, each 


$ f OOP 


-/--L 

and 

(dollars) 


UO 


(cents) 

($_. 

) 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item 

Estimated 

Bid Description Unit or Lump Sum Price 


No. 

Quantity* 

Bid in Both Words and Figures 

Total in Figure 

2b 

30 l.f. 

6-inch PVC building connections, per linear 

60 



foot 

$ I3.&0 


3 


food KuM^(?eo fxfr ty 


and 


(dollars) 


($ 


(cents) Q 

HSb - 


Precast Manholes and Appurtenances 


3a 


3b 


2 manholes Type A - 4.0 ft. diameter precast concrete 

sewer manhole, including base with frame and $ T^H.cot 
cover, per manhole 


7to€.lAJlfc. 


and 

(dollars) 

_MU_ 

($ 

(cents) 

IZ. oo o. 6 - ) 

Type A - 4.0 ft. diameter precast concrete 
sewer manhole walls and cone, per vertical foot 



and 

(dollars) 


►O fc> 

(S 

(cents) 

l &0 . oo ) 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 


3c 


3d 


3e 


2 manholes Type B - 4.0 ft. diameter precast concrete drain 
manhole, including base with frame and cover, 
per manhole 


'L.t poe> 




13 v.f. 


gl£VfcN> TUOQSANft 


and 

(dollars) 

Nb 


(cents) 

($ 


Type B - 4.0 ft. diameter precast concrete drain 

manhole walls and cone, per vertical foot 


Hun All^rO 

and 

(dollars) 


fj o 


(cents) 

(S 

1 CO. ao ) 


2>Q6 


oO 


11 manholes Type C - 5.0 ft. x 5.0 ft. square precast 

concrete manhole, including base with frame 
and cover (drain access, sewer enclosed), per 
manhole 


$ 3lo. zct, 


oO 


and 

(dollars) 



NO 


($ 

(cents) 

_)_ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

3f 76 v.f. Type C - 5.0 ft. x 5.0 ft. square precast 7 6 

concrete manhole walls and top, per vertical $_ 

foot 


ki O 


and 

(dollars) 





(S 

(cents) 

Qi- 

_}_ 


3g 2 manhole Type D - 5.0 ft. x 5.0 ft. square precast 

concrete manhole, including base with frame $ £ 2 

and cover (sewer access, drain enclosed), per 
manhole 
TU>fcK>T~y sr/ 
and (dollars) 

_MO_ 

(cents) 

($_ 2-1, £-£>£>, 0* ) 

3h 16 v.f. Type D - 5.0 ft. x 5.0 ft. square precast j 6 

concrete manhole walls and top, per vertical $_^ 

foot 


D 


and 

(dollars) 



C>k)£* 


($ 

(cents) ^ 

_i_ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

3i 3 manholes Remove and dispose of existing manhole, per 

manhole _ $ (a , ^ 



TVtO vjS*VmC> 

and 

(dollars) 


NJ <3 


(cents) 

($ 

^O^50. ) 


4 


Rock Excavation and Disposal 


4a 


200 c.y. 


Rock excavation and disposal, per cubic yard 
(minimum) $12,000.00 


Sixty 


and 

(dollars) 


Zero 



($ 60.00 

(cents) 

_i_ 


4b 


200 c.y. 


Rock excavation and disposal, per cubic yard 
(additional) $ 



*oO 


and 

(dollars) 





($. 

(cents) 

_)_ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

5 Miscellaneous Earthwork 


5a 


5b 


100 c.y. 


30 c.y. 


Excavation and backfill of unsuitable material 
above normal grade, per cubic yard _$ 




and 

(dollars) 





($ 

(cents) 

OL 

_)_ 


Excavation and backfill of unsuitable material 
below normal grade, per cubic yard _$ 


MQ 


and 

(dollars) 





($ 

(cents) 

oi 

)_ 


o q 



5c 100 c.y. Test pits, per cubic yard 


$ 



bOO 


and 

(dollars) 



Ovfu 


($ 

(cents) 

<*L 

_)_ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item 

No. 

Estimated 

Quantity* 

Bid Description Unit or Lump Sum Price 
Bid in Both Words and Figures 

Total in Figure 

5d 

50 c.y. 

Additional crushed stone, per cubic yard 

$ 


/oO 


and 

(dollars) 






(cents) 


($ 


_)_ 


5e 


50 c.y. 


Additional gravel, per cubic yard 


£0 


foo 


and 

(dollars) 



QkV- 


($ 

(cents) 

Of 

_i_ 


6 


Pavement Replacement 


6a 


2,815 s.f. Temporary pavement (2-inches thick), per 
square foot 


$ 


1 . 1 , . on 


e>Q 


Frovg . 


and 

(dollars) 



M O 


(S 

(cents) 

s 

_ } _ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* ** _ Bid in Both Words and Figures _ Total in Figure 

6b 1,847 s.f. Permanent base course pavement (2-inches 

thick), Wachusett Avenue and Medford Street $_ 1^88 

Only, per square foot 


FOU'G. 


and 

(dollars) 



tOG 


($ .. .. 

(cents) 

H- 

) 


6c 4,030 s.f. Permanent binder course pavement (2 1/2- 

inches thick), per square foot $_ O 




and 

(dollars) 



M t> 


($ 

(cents) 

5. 

_ ) _ 


6d 


4,030 s.f. 


Permanent top course pavement (1 1/2-inches 

thick), per square foot $_ VO 


/Escrvr 


and 

(dollars) 



NO 


($ 

(cents) 

_ SLfig _ 

_)_ 


*Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item 

No. 


Estimated Bid Description Unit or Lump Sum Price 

Quantity* ** _ Bid in Both Words and Figures _ Total in Figure 


6e 5 tons Additional pavement, per ton 


$ S~ c>o. 


and 

Cm VL M 

(dollars) 






(cents) 


($ 

_LQ-Q^_ 

) 


1 


Water Main and Service Relocation 


7a 


4 each 


Water main and service relocation within 
trench limits, per relocation $ 


©it 


»oO 


and 

(dollars) 



CU6T 


($ 

(cents) 

_ SL _ 

_)_ 


8 


Mobilization 


8a 1 l.s Mobilization, lump sum (not more than 5% of 

Items 1 to 7) $ 30,000° 




and 

(dollars) 

N/O 


($ 

(cents) 

_, oo 

30 . Ofio. — 

) 


*Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* ** _ Bid in Both Words and Figures _ Total in Figure 


The Total Amount of BASE BED (Items 1 to 8, inclusive) is: 

u „ i -fcjoo v\vmcM®> „ 
vfXkt-ixn\ _VA ?evW\\vy\s.~ . Dollars 

5 /T— vw_i_\ w 


(In Words) 


and eaVvA 




Cents 


i$ 


? C; 


(In Words) 


(In Figures) 


& 


*Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 


ALTERNATE BID NO. 1 (Items 9 to 15) 
9 Sewer Line Chemical Root Treatment 


9a 


531 l.f. 


Chemical root treatment of 8-inch to 10-inch ^ 

sewers, per linear foot $_ / 


JWU&. 


and 

(dollars) 



MO 


($ 

(cents) 

3. oo 

) 


10 


Cured-in-Place Pipe 


10a 


844 l.f. 


Cured-in-place pipe for 8-inch sewers, pet- 

linear foot $_ £7, < 308 . ~ 




and 

(dollars) 



Kao 



(cents) 


($ 


_}_ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated 'Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 


I Ob 502 l.f. 


Cured-in-place pipe for 10-inch sewers, per 

linear foot $ 'Z'j °° 


Pod TV no o 


and 

(dollars) 

<^W MO 



(cents) 


($ 

_ 42 ., _ 

_) 


10c 250 l.f. 


Cured-in-place pipe for 15-inch sewers, per 

linear foot $ j*j_, gftO 


and 

—:.wwr V’Z.J - 

(dollars) 



Mb 


($ 

(cents) 

) 


lOd 


36 services 


Grout reinstated service connections in 8-inch 

to 15-inch pipe, per service $ /V ,'-{00. 


/-Oo>£. K u kV 

and 

(dollars) 


N O 

($ 

(cents) 

Woo. °-° ) 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* ** _ Bid in Both Words and Figures _ Total in Figure 

11 Structural Cured-in-PIace Pipe 


11a 239 l.f. Structural cured-in-place pipe for 8-inch ^ 

sewers, per linear foot $ ~j8 7 




and 

(dollars) 





(S .. 

(cents) 

3S ^ 

) 


lib 8 services Grout reinstated service connections in 8-inch 

pipe, per service $_ ^ 




and 

(dollars) 



N 0 



(cents) 


(S 

YtfO. *2 

_ \ _ 


12 


Service Connection Rehabilitation 


12a 2 services Cut protruding service connections, per service 

i_ 7 sa cj 


_ nilG-G- 

and (dollars) 

_ M6 _ 


($ 


(cents) 

3 7r 




1 


* Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

13 Sewer Manhole Rehabilitation 


13a 


5 manholes Enclosed storm drain in shared manhole, per 
manhole 


«S 

$ 1 *L ooo 




and 

(dollars) 


hsO 


(cents) 

($ 

o° . 

*>oo ) 


14 


Post Construction Flow Isolation 


14a 


1,835 l.f. 


Post construction flow isolation of 8-inch to ^ 

15-inch sewers, per linear foot $_ i 




and 

(dollars) 


($ 

(cents) 

_)_ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

15 Mobilization 


15a 1 l.s. 


Mobilization, lump sum (not more than 5% of 

Items 9 to 14) $ y ff* CO ^ 


FlP t-w Fjofc" 

and 

(dollars) 


o 

(S 

( cent s) 

s-rop -_) 


The Total Amount of ALTERNATE BID NO. 1 (Items 9 to 15, inclusive) is: 


O^g. Hu^Q/ieo Javi/oJ MuuQ'26Q Dollars 

(In Words) 


and 


M O 


(In Words) 


Cents ($ ! I (? , 7 7, 

(In Figures) 


06 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

ALTERNATE BID NO. 2 (Items 16 to 22) 

16 Sewer Line Chemical Root Treatment 


16a 


285 I.f. 


Chemical root treatment of 8-inch sewers, per 

linear foot $_ a st °° 


rvile'g 


and 

(dollars) 





($ 

(cents) 

_3_i_ 

_)__ 


17 


Cured-in-Place Pipe 


17a 


2,288 I.f. Cured-in-place pipe for 8-inch sewers, per 
linear foot 


$ 7 ZIl* 


ry two 


and 

(dollars) 





($ 


_)_ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures Total in Figure 

17b 178 l.f. Cured-in-place pipe for 10-inch sewers, per 

linear foot $ ~7 H 1L, 


ruio 


and 

(dollars) 



is-rfe 


($ 

(cents) 

Hl.oo 

_)_ 


17c 


67 services Grout reinstated service connections in 8-inch 
to 10-inch pipe, per service 


$ 7.C, toc> 




and 

(dollars) 



NrO 


(S 

(cents) 

Hod 

_. 


18 


Structural Cured-in-Place Pipe 


18a 392 l.f. Structural cured-in-place pipe for 8-inch 

sewers, per linear foot $ ^ 




and 

(dollars) 



K JX> 


(S 

(cents) 

33»SjP 

) 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

18b 123 l.f. Structural cured-in-place pipe for 10-inch 

sewers, per linear foot $ S1 


F c>4L Fvj o 


and 

(dollars) 






(cents) 


($ 

_W2.00_ 

_i_ 


18c 


10 services Grout reinstated service connections in 8-inch 

to 10-inch pipe, per service $ M ppp ^ 


Pojyfc hiui/Q iua? 


and 

(dollars) 



M Q 


($ 

(cents) 

Hob .°2- 

_)_ 


19 


Service Connection Rehabilitation 


19a 4 services Cut protruding service connections, per service ^ 

$ I STM 


2M££l E&dL 

and (dollars) 

__ NS _ 

(cents) 

($_ 37<r gg _ )_ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

20 Sewer Manhole Rehabilitation 


20a 


20b 


76 v.f. Cementitious lining of manholes, per vertical OJt 

foot $ l 2-^26 

(JP On>Ct 

and (dollars) 

__ 

(cents) 

($_ /7o,°- a _ ) 


7 manholes Grout and patch manholes to stop leaks, per 
manhole 


$ SpS-Q 60 


nXGUr Hul uQflffO 

and (dollars) 

__ 

(cents) 

(I__i 

21 Post Construction Flow Isolation 


21a 


2,981 l.f. 


Post construction flow isolation of 8-inch to 

10-inch sewers, per linear foot $_ Z- g /, < ^- 




and 

(dollars) 



N->0 


(S 

(cents) 

_ } _ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 


08/09/2019 


00410-23 





Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

22 Mobilization 


22a l l.s. 


Mobilization, lump sum (not more than 5% of 
Items 16 to 21) 


S 7 Ct OQ 


s-feOP-tQ T~H H VVQtZ&X) 


and 

(dollars) 



NjC> 



(cents) 


(S 

TUo" 

-(- 

_j_ 


The Total Amount of ALTERNATE BID NO. 2 (Items 16 to 22, inclusive) is: 




(In Words) 


Dollars 


and 


^rO_ 


(In Words) 


Cents ($ !&!' HOP ) 

(In Figures) 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

ALTERNATE BID NO. 3 (Items 23 to 27) 

23 Cured-in-PIace Pipe 


23a 241 l.f. 


Cured-in-place pipe for 8-inch sewers, per 
linear foot 


$ I^UJL 



TVC^T-^ T^oo '•bolL/Ui _ 

and (dollars) 

_ N-* C* _ 

(cents) 

($_ "3Z - _ ) 

23b 1,018 l.f. Cured-in-place pipe for 15-inch sewers, per 

linear foot $. 


nxcrUT 


and 

-,- 

(dollars) 



Nr D 


(S 

(cents) 

ere 

_)_ 


23c 8 services Grout reinstated service connections in 8-inch op 

to 15-inch pipe, per service $ "^ 2-00 




and 

(dollars) 



fwO 


(S 

(cents) 

LiOO ' 

_)_ 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

24 Structural Cured-in-Place Pipe 


24a 244 l.f. Structural cured-in-place pipe for 8-inch 

sewers, per linear foot 



7 TWO 


and 

(dollars) 



hJO 


(S 

3 (c< ^ 

) 


24b 5 services Grout reinstated service connections in 8-inch "Z.ooo "7 

■? ' & 

pipe, per service 


. tt.U UM &Q 


and 

(dollars) 





($ 

(cents) 

_ ‘ioo *_ 

_)_ 


25 


Sewer Manhole Rehabilitation 


25a 


151 v.f. 


Cementitious lining of manholes, per vertical 

foot $ Z5~. b7Q, y 


_ 

and 

(dollars) 


Nro 


(cents) 

($ 

no,*-' ) 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Item Estimated Bid Description Unit or Lump Sum Price 

No. _ Quantity* _ Bid in Both Words and Figures _ Total in Figure 

26 Post Construction Flow Isolation 


26a 


1,503 l.f. 


Post construction flow isolation of 8-inch to 

15-inch sewers, per linear foot $_ / 5■ "" 


and 

(dollars) 





($ 

(cents) 

i,*® 

_i_ 


27 


Mobilization 


27a 1 l.s. 


Mobilization, lump sum (not more than 5% of 

Items 23 to 26) $ ^/ 06).°^ 


o»cr 


and 

(dollars) 



($ 

(cents) 


The Total Amount of ALTERNATE BID NO. 3 (Items 23 to 27, inclusive) is: 

-Qtefi- _ Hu^agg _ U^CrTotr tucosAa/O TUZJi.r*j _Dollars 

(In Words) 


and _ n-> to _Cents 

(In Words) 


($ ;j 2_,Q37 jj ) 

(In Figures) 


^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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Estimated Bid Description Unit or Lump Sum Price 

Quantity* Bid in Both Words and Figures_Total in Figure 



(In Words) 


r&o\xm 


(In Figures) 


TOTAL AMOUNT OF BASE BID PLUS ALTERNATE BID NO. i (Items 1 to 15) 


(In Words) 


FC F 


S fr-v> O* Figures) 


TOTAL AMOUNT OF BASE BID PLUS ALTERNATE BID NO. 1 PLUS ALTERNATE BID 
NO. 2 (Items 1 to 22) 


E3Z3WSJ 




(In Words) 




v 


(In Figures) 


TOTAL AMOUNT OF BASE BID PLUS ALTERNATE BID NO. 1 PLUS ALTERNATE BID 
NO. 2 PLUS ALTERNATE BID NO.3 (Items 1 to 27) 


$ O'M 


ismsoMi i 


TU>C>L^R. T^ooS^-O 


(In Words) 




oO 05- 

T>otc^r 6,0 ($ M Z| 037 



^Quantity assumed for comparison of bids. 

**The unit price in Item 4a is the minimum allowed for rock excavation and disposal. The 
bidder may add to the minimum in Item 4b. 
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All entries shall be made clearly in ink or typewritten. Amounts are to be shown in both 
words and figures. In case of discrepancy between the prices written in words and those written 
in figures, the amount shown in words shall govern. In the event there is a discrepancy between 
the unit prices and the total sum of all of the items (the computed contract price), the unit prices 
shall govern. 

The above unit prices shall include all superintendence, labor, services, materials, 
equipment, plant, machinery, apparatus, appliances, tools, supplies, bailing, shoring, removal, and 
all other things necessary to cover the finished work of the several kinds called for. 

The Bidder understands that all bids for this project are subject to the applicable bidding 
laws of the Commonwealth of Massachusetts, including General Laws Chapter 30, Section 39M, 
as amended. 

The contract will be awarded to the lowest responsible and eligible bidder. 

The Bidder understands that the Owner reserves the right to reject any or all bids and to 
waive any informalities in the bidding. 

The Bidder agrees that this bid shall be good and may not be withdrawn for a period of 30 
days, Saturdays, Sundays and legal holidays excluded, after the opening of bids. 

Within 10 days of receipt of the written notice of acceptance of this bid, the Bidder will 
execute the formal agreement attached in Section 00520 AGREEMENT. 

Bid security is attached in the sum of five percent (5%) of the total bid in accordance with 
the conditions of Section 00200 INSTRUCTIONS TO BIDDERS. The bid security may become 
the property of the Owner in the event the contract and bond are not executed within the time set 
forth above. 

The selected Contractor shall furnish a performance bond and a payment bond in an amount 
at least equal to one hundred percent (100%) of the contract prices in accordance with Section 
00610 PERFORMANCE BOND, Section 00615 PAYMENT BOND, and as stipulated in Section 
00700 GENERAL CONDITIONS of these specifications. 

The selected Contractor shall monitor the developing COVID-19 situation and follow guidelines 
recommended by the State of Massachusetts and Centers for Disease Control (CDC), The selected 
Contractor shall operate safely by implementing health precautions and comply with any 
local/state/federal mandates that arise. 
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The undersigned offers the following information as evidence of its qualifications to 
perform the work as bid upon according to all the requirements of the plans and specifications. 

1. Have been in business under present name for <33 years. 

2. The names and addresses of ail persons interested in the bid (if made by a 
partnership or corporation) as Principals, are as follows: 

7Vrs^ _ 

4/ LKtiA) D* _ 

ftVdto. M 6* ?2 ?. _ 


(Attach supplementary list if necessary) 
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3. The Bidder shall state below what work of a similar character to that included in the proposed contract it has done, and give 
that will enable the Owner to judge its experience, skill and business standing (add supplementary page if necessary). 
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Pursuant to M.G.L. CH. 62C, Sec 49A, the undersigned Bidder certifies under the penalties 
of perjury that it is in compliance with all laws of the Commonwealth relating to taxes, reporting 
of employees and contractors, and withholding and remitting child support. 

Minority-owned Business Enterprise (MBE), Women-owned Business Enterprise (WBE) 
and Equal Employment Opportunity polices of the Massachusetts Water Resources Authority 
(MWRA) are applicable to this Contract. The Contractor shall comply with all applicable laws 
and regulations pertaining to nondiscrimination, equal opportunity and affirmative action, 
including without limitation executive orders and rules and regulations of federal and state 
agencies of competent jurisdiction. The Contractor shall make positive efforts to achieve: (1) a 
minority employee work force goal of 15.3 percent, (2) a woman employee work force goal of 
6.90 percent, (3) a goal of 7.24 percent participation of Minority-owned Business Enterprise(s), 
and (4) a goal of 3.60 percent participation of Woman-owned Business Enterprise(s) within project 
contracts. At a minimum, the Contractor should allow MBEs and WBEs the maximum feasible 
opportunity to compete for subagreements to be performed under the project. 

The undersigned Bidder hereby certifies it will comply with the specific affirmative action 
steps contained in the EEO/AA provisions of this Contract, including compliance with the 
Disadvantaged Business Enterprise provisions as required under these contract provisions. The 
contractor receiving the award of the contract shall incorporate the EEO/AA provisions of this 
contract into all subcontracts and purchase orders so that such provisions will be binding upon 
each subcontractor or vendor. 

The undersigned Bidder hereby certifies that (1) it is able to furnish labor that can work in harmony 
with all other elements of labor employed or to be employed in the work; (2) that all employees to 
be employed at the worksite will have successfully completed a course in construction safety and 
health approved by the United States Occupational Safety and Health Administration that is at 
least 10 hours in duration at the time the employee begins work and who shall furnish 
documentation of successful completion of said course with the first certified payroll report for 
each employee; and 3) that all employees to be employed in the work subject to this bid have 
successfully completed a course in construction safety and health approved by the United States 
Occupational Safety and Health Administration that is at least 10 hours in duration. 

The undersigned certifies under penalties of perjury that this bid is in all respects bona fide, 
fair and made without collusion or fraud with any other person. As used in this paragraph the word 
"person" shall mean any natural person, joint venture, partnership, corporation or other business 
or legal entity. 

The undersigned Bidder hereby certifies, under pains and penalties of peijury, that the 
foregoing bid is based upon the payment to laborers to be employed on the project of wages in an 
amount no less than the applicable prevailing wage rates established for the project by the 
Massachusetts Department of Labor and Workforce Development. The undersigned bidder agrees 
to indemnify the awarding authority for, from and against any loss, expense, damages, actions or 
claims, including any expense incurred in connection with any delay or stoppage of the project 
work arising out of or as a result of (1) the failure of the said bid to be based upon the payment of 
the said applicable prevailing wage rates or (2) the failure of the bidder, if selected as the 
Contractor, to pay laborers employed on the project the said applicable prevailing wage rates. 
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The undersigned further certifies under penalty of perjury that the said undersigned is not presently 
debarred from doing public construction work in the Commonwealth of Massachusetts under the 
provisions of Section Twenty-Nine F of Chapter Twenty-Nine, Section 25C (10) of Chapter 152 
(workers' compensation) or any other applicable debarment provisions of any other Chapter of the 
General Laws or any rule or regulations promulgated thereunder; 


Respectfully submitted: 

Date 7, 25 .20 


_ I$QN> _ 

(Name - Typed or Printed) 

__ 

(Title) 

(SEAL - if bid is by a corporation) _ 'TXfl-U OnOf 

(Business Name) 

_ ov 

(Federal ID Number) 

_ ‘ii _ UOXLtA pe_ 

(Business Address) 

_ tirvov .. 

(City and State) 

__ sor gg: <tuoo 

(Telephone Number) 

_ svt serf c ,v32 

(Fax Number) 



(Signature) 


\\Wse03.1ocal\WSE\Projects\MAVArlington, MAVENG20-0008 - Phase # 12 Design\Specifications\DIVISION 0 - BIDDING AND CONTRACT 
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SECTION 00520 


AGREEMENT 


THIS AGREEMENT, made this_day of_, 2020 , by and between 

the Town of Arlington, Massachusetts,_hereinafter called "OWNER," acting herein through its 
Town Manager, and doing business as (a corporation) (a limited liability company) (a partnership) 

(a joint venture) (an individual)* located in the (City) (Town)* of Y'YC \ A T- \ j _ 

, County o f\\h(X% _, and State of hereinafter 

called "CONTRACTOR." 

WITNESSETH: That for and in consideration of the payments and agreements hereinafter 
mentioned, to be made and performed by the OWNER, the CONTRACTOR hereby agrees with 
the OWNER to commence and complete the project described as follows: 

PHASE # 12 SANITARY SEWER REHABILITATIONS 
BID INVITATION NO. 20-32 

hereinafter called the project, for the sum of _____ 

Dollars and_Cents ($_____) and 

all extra work in connection therewith, under the terms as stated in the Contract Documents; and 
at its own proper cost and expense to furnish superintendence, labor, services, materials, 
equipment, plant, machinery, apparatus, appliances, tools, supplies, bailing, shoring, removal, and 
all other things necessary to complete the said project in accordance with the conditions and prices 
stated in Section 00410, FORM OF GENERAL BID, Section 00700, GENERAL CONDITIONS, 
Section 00800, SUPPLEMENTARY CONDITIONS, Section 00830, STATE STATUTES AND 
REGULATIONS, the plans, which include all maps, plates, drawings, blue prints, and the 
specifications and all other contract documents therefor as prepared by Weston & Sampson 
Engineers, Inc., including all bid documents. 

The Bidder hereby agrees that if selected as the Contractor it will commence work under this 
contract on or before a date to be fixed in the written "Notice to Proceed" given by the Owner to 
the Contractor and to fully complete the Base Bid within 65 consecutive days, or if selected, the 
contract duration for the Base Bid and Alternate No. 1 within 85 consecutive days, or if selected 
the contract duration for the Base Bid and Alternate No. 1 and No. 2 within 115 consecutive days, 
or if selected the contract duration for the Base Bid and Alternate No. 1 and No. 2 and Alternate 
No. 3 within 130 consecutive days. Warranty inspections for all bids shall be complete within 21 
consecutive days from the start of warranty inspections. Final paving shall be completed prior to 
May 15, 2021 and as required by the ENGINEER. The Bidder further agrees to pay as liquidated 
damages the sum of $ 1,450.00 for each consecutive calendar day thereafter during which the work 
has not been fully completed, as provided in the "Liquidated Damages" provisions of Section 
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00800, SUPPLEMENTARY CONDITIONS. Liquidated damages shall apply to both the contract 
duration and warranty inspection duration. 

Minority-owned Business Enterprise (MBE), Women-owned Business Enterprise (WBE) and 
Equal Employment Opportunity polices of the Massachusetts Water Resources Authority 
(MWRA) are applicable to this Contract. The Contractor shall comply with all applicable laws 
and regulations pertaining to nondiscrimination, equal opportunity and affirmative action, 
including without limitation executive orders and rules and regulations of federal and state 
agencies of competent jurisdiction. The Contractor shall make positive efforts to achieve: (1) a 
minority employee work force goal of 15.3 percent, (2) a woman employee work force goal of 
6.90 percent, (3) a goal of 7.24 percent participation of Minority-owned Business Enterprise(s), 
and (4) a goal of 3.60 percent participation of Woman-owned Business Enterprise(s) within project 
contracts. At a minimum, the Contractor should allow MBEs and WBEs the maximum feasible 
opportunity to compete for subagreements to be performed under the project. 

The CONTRACTOR shall not discriminate against or exclude any person from participation 
herein on grounds of race, color, religious creed, national origin, sex, sexual orientation, ancestry, 
or age; and that it shall take affirmative actions to insure that applicants are employed, and that 
employees are treated during their employment, without regard to race, color, religious creed, 
national origin, sex, sexual orientation, ancestiy, age, or handicapped status. 

The CONTRACTOR shall not participate in or cooperate with an international boycott, as defined 
in Section 999 (b)(3) and (4) of the Internal Revenue Code of 1986, as amended, or engage in 
conduct declared to be unlawful by Section 2 of Chapter 151E of the Massachusetts General Laws. 

Applicable provisions of Massachusetts General Laws and Regulations and/or the United States 
Code and Code of Federal Regulations govern this Agreement and any provision in violation of 
the foregoing shall be deemed null, void and of no effect. Where conflict between Federal and 
State Laws and Regulations exists, the more stringent requirement shall apply. 

Subject to G.L. c.30, sec. 39K and/or sec. 39G and G.L. c.30, sec. 39F, as applicable, the OWNER 
agrees to pay the CONTRACTOR in current funds for the performance of the Agreement, subject 
to additions and deductions, as provided in Section 00700, GENERAL CONDITIONS, and to 
make payments on account thereof as provided in Section 00700, GENERAL CONDITIONS and 
Section 00800, SUPPLEMENTARY CONDITIONS 

In accordance with the requirements of G.L. c.149, §27B, the Contractor shall submit, and shall 
require all of its subcontractors required to keep a record of hours and wages paid to laborers 
employed on the project to submit, to the awarding authority on a weekly basis, copies of such 
records. All such weekly submissions shall be accompanied by the following certification: 


The undersigned contractor hereby certifies, under the pains and penalties of 
perjury, that the foregoing payroll records are true and accurate records of the 
wages paid to laborers employed on the project for the period stated and said wages 
are in an amount no less than the prevailing wage rates established for the project 
by the Massachusetts Department of Labor and Workforce Development. The 
undersigned contractor agrees, in addition to any other remedies available to the 
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awarding authority, to indemnify the awarding authority for, from and against any 
loss, expense, damages, actions or claims, including any expense incurred in 
connection with any delay or stoppage of the project work, arising out of or as a 
result of (1) the contractor’s failure to pay laborers employed on the project the said 
applicable prevailing wage rates; (2) the failure of the foregoing payroll records to 
accurately state the said applicable prevailing wage 

rates; or (3) the failure of the foregoing payroll records to accurately represent the 
wages actually paid to laborers employed on the project. 

The Agreed upon DIRECT LABOR MARKUP (percentage) for Change Orders on this project 
shall be U _percent. 

The Bidder hereby agrees that if selected as the Contractor, it shall monitor the developing 
COVID-19 pandemic, follow guidelines recommended by the State of Massachusetts and Centers 
for Disease Control (CDC), operate safely by implementing health precautions, and comply with 
any local/state/federal mandates that arise. 
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IN WITNESS WHEREOF, the parties to these presents have executed this Agreement in six (6) 
counterparts, each of which shall be deemed an original, in the year and day first above mentioned. 

AGREED: 

By _ Town of Arlington, Massachusetts 

(Owner) 


(Signature) 

Adam W. Chapdelaine 
(Name) 


Town Manager 


(Title) 


By 



(ovd 


(Signature) 



(Name) 


VWfAfli g !A E 


(Title) 

A\ l&UWTvVi 


(Address) 

hf\ Qcfh7%'ck 


(City and State) 


Approved as to Form: 


By. 


(Owner's Counsel) 


(Name) 


In accordance with M.G.L. C.44, Section 31C, this is to certify that an appropriation in the amount 
of this Contract is available therefor and that the Town of Arlington, Massachusetts has been 
authorized to execute the Contract and approve ail requisitions and change orders. 

By_ 

(Owner's Accountant) 


(Name) 
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CERTIFICATE OF VOTE 
(to be filed if Contractor is a Corporation) 


I, loo hereby certify that I am the duly qualified and acting Secretary of 

(Secretary of Corporation) 

tiAP _and I further certify that a meeting of the Directors of said company, 

(Name of Corporation) 

duly called and held on 7- Z°7.o at which all members were present and voting, the 

(Date of Meeting) 
following vote was unanimously passed: 


VOTED: To authorize and empower 


Anyone acting singly, to execute Forms of General Bid, Contracts or Bonds on behalf of the 
Corporation. 

I further certify that the above vote is still in effect and has not been changed or modified in any 
respect. 

By: _ 

(Secretary of Corporation) 



A True Copy: 


Attest: 



My Commission Expires: 


(Date) 
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Contractor's Certification 


A Contractor will not be eligible for award of a contract unless such Contractor has submitted the 
following certification, which is deemed a part of the resulting contract: 

CONTRACTOR'S CERTIFICATION 


A- U ^ 5 S 

Name of the General Contractor 


certifies that it: 

1. Will not discriminate in their employment practices; 

2. Intends to use the following listed construction trades in the work under the contract: 


Offc^ATtraS, , _ L T-fcoi/-, 


and 


3. Will make good faith efforts to comply with the minority employee and women employee workforce 
participation ratio goals and specific affirmative action steps contained herein; and 

4. Is in compliance with all applicable federal and state laws, rules, and regulations governing fair labor 
and employment practices; and 


5. Will provide the provisions of the “Supplemental Equal Employment Opportunity, Non-Discrimination 
and Affirmative Action Program” to each and every subcontractor employed on the Project and will 
incorporate the terms of this Section into all subcontracts and work orders entered into on the Project. 


6. Agrees to comply with all prov isions co ntained herein. 


T 7 z?. 

S ignature of authorized representative of Contractor Date 



’rrts*-* A-1 \ r Pt ^ D flo _ 

Printed name of authorized representative of Contractor 
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Contractor’s Certification (Continued) 


CERTIFICATE OF NON-COLLUSION 

The undersigned certifies under penalties of perjury that this bid or proposal has been made and 
submitted in good faith and without collusion or fraud with any other person. As used in this 
certification, the word “person” shall mean natural person, business, partnership, corporation, 
committee, union, club or other organization, entity, or group of individuals. 


Signature 



T>4-U C- 
Print Name & Title 


Date 7^ Z'T** _ 

Company Name 


CERTIFICATE OF TAX COMPLIANCE 


Pursuant to Chapter 62C of the Massachusetts General Laws, Section 49A (b), I 

- 30 ^ r authorized signatory for > €- 3 .. 

Name of individual Name of contractor 

do hereby certify under the pains and penalties of perjury that said contractor has complied with 
all laws of the Commonwealth of Massachusetts relating to taxes, reporting of employees and 
contractors, and withholding and remitting child support. 



Signature 


2 o 2 O 

Date 


LABOR HARMONY AND OSHA TRAINING REQUIREMENTS 

The undersigned certifies under penalties of perjury that he is able to furnish labor that can work 
in harmony with all other elements of labor employed or to be employed at the work and that all 
employees to be employed at the worksite and in the work will have completed an OSHA-approved 
construction safety and health course lasting at least ten (10) hours. 



'-foa '-frA t ifrs 3 

Print Name & Title 


Date_ -7.2Z 2 c 
Company Name 
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Subcontractor's Certification 


Prior to the award of any subcontract, regardless of tier, the prospective subcontractor must execute 
and submit to the General Contractor the following certification, which will be deemed a part of 
the resulting subcontract: 


SUBCONTRACTOR'S CERTIFICATION 

_A__ -£> fe A-^~ fir LATVL- 

Name of the Subcontractor 


certifies that it: 


7. Will not discriminate in their employment practices; 

8. Intends to use the following listed construction trades in the work under the contract: 


and 

9. Will make good faith efforts to comply with the minority employee and women employee workforce 
participation ratio goals and specific affirmative action steps contained herein; and 


10. Is in compliance with all applicable federal and state laws, rules, and regulations governing fair labor 
and employment practices; and 

11. Will provide the provisions of the “Supplemental Equal Employment Opportunity, Non-Discrimination 
and Affirmative Action Program” to each and every subcontractor employed on the Project and will 
incorporate the terms of this Section into all subcontracts and work orders entered into on the Project. 

12. Agrees to comply with all provisions contained herein. 


Signature of authorized representative of Subcontractor Date 


Printed name of authorized representative of Subcontractor 


END OF SECTION 

Wwse03.local\WSE\Projects\MA\ArIington, MA\ENG20-0008 - Phase # 12 Design\Specifications\DIVISION 0 - BIDDING AND CONTRACT 
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SECTION 00610 


PERFORMANCE BOND 

KNOW ALL MEN BY THESE PRESENTS: That we____ 

(Name of Contractor) 

a ______ hereinafter called “Principal” and 

(Corporation, Partnership, Joint Venture, LLC or Individual) 

_of _, State of__ 

(Surety) (City) 

hereinafter called the "Surety" and licensed by the State Division of Insurance to do business under 
the laws of the Commonwealth of Massachusetts, are held and firmly bound to the Town of 
Arlington, Massachusetts, hereinafter called "Owner", in the penal sum of 

Dollars and __ Cents 

($ ) in lawful money of the United States, for the payment of which sum well 

and truly to be made, we bind ourselves, our heirs, executors, administrators and successors, jointly 
and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION is such that whereas the Principal has entered 

into a certain contract with the Owner (the “Contract”), dated the_day of 

_, 20_, which Contract is by reference made a part hereof, for the 

construction described as follows: 

PHASE # 12 SANITARY SEWER REHABILITATIONS 
BID INVITATION NO. 20-32 

NOW, THEREFORE, if the Principal shall well, truly and faithfully perform its duties, all 
the undertakings, covenants, terms, conditions, and agreements of the Contract during the original 
term thereof, and any extensions thereof which may be granted by the Owner, with or without 
notice to the Surety, and if he shall satisfy all claims and demands incurred under the Contract, 
and shall fully indemnify and save harmless the Owner from all costs and damages which it may 
suffer by reason of failure to do so, and shall reimburse and repay the Owner all outlay and expense 
which the Owner may incur in making good any default, then this obligation shall be void; 
otherwise, this obligation shall remain in full force and effect. 

PROVIDED, FURTHER, that the Surety’s obligation under this Bond shall arise after 
(1) the Owner has declared the Principal in default of the Contract or any provision thereof, or (2) 
has declared that the Principal has failed, or is otheiwise unable or unwilling, to execute the work 
consistent with, and in conformance to, the Contract (collectively referred to as a “Contractor 
Default”). The determination of a Contractor Default shall be made solely by the Owner. The 
Owner need not terminate the Contract to declare a Contractor Default or to invoke its rights under 
this Bond, and Contractor hereby agrees not to assert any claims against Surety under any 
indemnity or similar agreements on the grounds that Surety has interfered with the Contract by 
fulfilling its obligations hereunder in the absence of a termination of said Contract. 

When the Surety’s obligation under this Bond arises, the Surety, at its sole expense and at 
the consent and election of the Owner, shall promptly take one of following steps: (1) arrange for 
the Principal to perform and complete the work of the Contract; (2) arrange for a contractor other 
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Atlantic Managment Alan Connolly 19.822.00 ATLANTIC MANAGEMENT 19.822.00 $453 671 06/02/2019 

27-R Doherty Ave 508^104-3713 

Avon, MA, 02322 















